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BILL NO. 8-87-03-27 


SPECIAL ORDINANCE NO. S- VA PG 


AN ORDINANCE approving Change Order 
No. 2, Parnell Avenue Widening, 
Res. 6049-86, with M. A. Gaines 
Construction Company, in connection 
with the Board of Public Works 

and Safety of the City of Fort 
Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 2, Parnell Avenue 
Widening, Res. 6049-86, with M. A. Gaines Construction Company, 
in connection with the Board of Public Works and Safety, for: 


this Change Order is necessary 
because under preliminary planning 
and estimating of project, General 
Telephone had full intentions of 
removing concrete walk and curbing 
along project area. They were 

to remove these so they could encase 
phone cable in concrete due to 
tratiic driving over it). Early 
excavation proved their line was 
already encased; therefore making 
it unnecessary to remove these 
items. Note: Final measurement 
of quantities indicate project 

was $1,200.00 below contract price 
(including change order); 


involving a net decrease of One Thousand Two Hundred and No/100 
Dollars ($1,200.00), all as more particularly set forth in the 
specifications, and which is on file with the Office of the Board 
of Public Works and Safety and is by reference incorporated herei 
made a part hereof, and is hereby in all things ratified, con- 
firmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 






Bruce O. Boxberger, City Attorney 
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SANDRA E. KENNEDY; CITY CLERK 
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Passed and adopted by the Common Council of the City of Port 





Wayne, Indiana, as (ANNE ? (APPROPRIATION) (GEN RAL 






(SPECIAL) (ZONING-MAP) ORDINANCE (RESOLUTION). NO. 
2 
on the Å TÅ day of 





SANDRA E. 


Presented by me to the bor of the City of Fokt Wayne, Indiana, 


on the VE od day of Copied : 219 TA å 
at the hour of l A O o'clock l3 i — Ex DE 





SANDRA E. vw» E ook, CITY uA 


z, å 
Approved and signed by me this DH aay of Bert 
/ 0 u 


. : Ou i 3 
19 ^ ) 1 at the hour of 7d o'clock UTR Es 9351. 
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WIN MOSES, JR., MAYOR 


ago PUE oon ; CHANGE ORDER p 


Change Order No. 72 Résolution No. | 5059-96 
: UNSPUOT BICIS CL 3 
Project No. , / å Board Order No. 269-86 
Name of Project Farnell Avenue Widening Date kul FC2 25 2/26/81. 
Tos MAN Gaines Construction” Cós- inc; 
(Contractor) l 
Gentlemen: 


a 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Description of Change Change in Contract Price 
Quantit Unit Price 





Total Decrease 
Total Increase 


Net (Decrease) (Increase) Contract Price | | | 


The sum of $ 1,200.00 is hereby (addedcbo) (deducted from) the total contract 
price, and the final contract price shall be adjusted as follows: 


Original Contract Price $ 11,983.50 
Current Contract Price Adjusted by Previous Change Order $ 13,635.50 
New Contract Price Including this Change Order $5125,5535150 


The time provided for completion in the contract for this project is (unchanged) (increased) 
(decreased) by 77. calendar days due to this Change Order. The date for completion 
of all work shall be . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Date 2-2-6 y, 
Date a DOE / 
Date PA TAO 
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Date oe Er i J 








Recommended by: 
Accepted by: 
Approved by: 


Approved'b 


Attested by: 


+= 


Change Order No. 1 
Resolution No. 6049-80 


Board Order No. 269-86 


REQUEST AND JUSTIFICATION FOR CHANGE 


Under preliminary planning and estimating of project, General 


Necessity for change: 
Mr EM MMC E er SERERE ELO ks ME NESSUN 


Telephone Co. had full intentions of removing concrete walk and curbing along project 
Gc RU eto EEE Mu Nec au. DST 


area. They were to remove these so they could encase phone cable in concrete due to 


traffic driving over it. Early excavation proved their line was already encased; 


We e NE dA c Tras o 5.5 15. 15 M 


therefore making it unnecessary to remove these items. 


Note: Final measurement of quantities indicate project was $1200.00 below contract 


cem cic MAS cU GENES ; chc END JUNI SLM MEL DE AEN 
price (including change order). 

EE EE EL MT ST TELTE 

E EE TT MEME HA NT SE NR I ONERE 

ee T PALM T 


eer SE rU ET TT CUR quu NS 


Will proposed change alter size of the project? Yes No X 


If yes, explain: 

AE RE S N EE AE OE AE 
—————————— a a 
se EE Lm MES NUM a i ee 


Affect on operation and maintenance cost of this project: 
EE ANN EN ee eh 


Does not affect. 





Den Root, Project Engineer 
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PROJECT: PARNELL AVE. WIDENING : RES, ND: 6049-86 CONTRACTOR M., A, GAINES 
CONTRACT COST ANALYSIS B.0: 269-86 DATE: 2-23-87 








UNIT 1 CHANGE i |. TOTAL =: TOTÓL TOTAL å 
NT, 1. PRIČE | i tower. T. TOST 


TENE (048 1 DECREASE 1 INCREASE ! PLAN (PLAN & 


i 1 
à i i 1 1 


Qu ^ IE ID 15.00 | 0.00 0.00 | 


' ' ' 1 
+ 1 i H 


Gr er IZ) sær 0001 0001 4023.50 
i i 


1801 t80 5.00 





ITEM i MATERIAL | PLAN i CHANGE | PLAN | ACTUAL i 
NO, | i ER i QUANT. | QU 









m Common Excavation 





1820,00 












2. {Concrete Curbface Walk 6" (Inclu 
______tWingwalk k Ranp) 
3: iDoncrete Curb Type H-A 


i 
4, {Concrete Curb Type HI 

i 

! 


3. th" Concrete Pavement (Drive) 
1 


4023.50 








0.00 





a 


10.00 


30.00 | 0.00 


400.00 





i 
i 
i 
' 















6. 18" Concrete Pavement (Alley) i 40,00 | 340,00 


' ] ' i n ' ! 
D i D i i U 


T. ‘Preparing Grade for Asphalt — TT. o 1105144 GE 900 
i : 


a. iStone for Drive UJ 0 O 15.00 I 0,00 


+ 


500.00 I 0,00 


















vB iTraffic Control 


i 
i 


10, 15td. Inlets (Coaplete in Place) 
; 
i 


11. 5Std. C.B. (Complete in Place) 
















205.00 ! 


1 
i 


7488.40 1 0.00 


200.00 I 200.00 


1 
1 


10.00 | — 300.00 





2. {Type "A" Casting (Solid) 








13. REP, Class Hllnrl. Backfill) 












6.00 I 0.00 





14, (Concrete Removal 


852,00 ! — 852.00 | 





' 
1 


4,00 1 0,02 





18.  iConcrete Curb Removal 





800,00 | 









7e: 0,00. 





0,00 ! 0,00 


0,00 I 0,00 

















0,00 I 0.00 i 


0,00 I 0.00 i 


1 ' 
1 ' 


0,00 ; 0.00 I 














i 0.00 I 


i i 
TOTALS: i $1,260.00 i $60.00 1411,963.50 1$13,635.50 1$12,435.50 | 


1 ' ' ' 
i 1 i 1 1 1 


DIFFERENCE: | $1,200.00 | 50,00 I 100 1 51,552, 00. 1(81,200, 001 
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; Admn. Appr. 
TITLE OF ORDINANCE Change Order #2, Parnell Avenue Widening, Res. 6049-86 
uu M Ue SENGENE, Fareed | 


V 





DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety - ZOZ > 


SYNOPSIS OF ORDINANCE Change Order #2, Parnell Avenue Widening, Res. 6049-86, 


is necessary because under preliminary planning and estimating 
que M decer E I ds s du cua een van 
omot an ne eohoe hag fate Buttons of removing. | 
concrete walk and curbing along project area. They. were to re- 
RK at pe cu uu M NE 
move these so they could encase phone cable in concrete due to 
BET GE JP E oe rel D c 1 O D) 
traffic driving over it. Early excavation proved their line was 
Nes ie E ru e uM Rr RU RR HL UT Rui MÅ 
IUE Pa 


items. Note: Final measurement of quantities indicate project 


was $1200.00 below contract price (including change order). 


TT "ql EE JA NN x 
PUO xx ue cuoc M e o D MN NNI Coq or cam 
EFFECT OF PASSAGE to facilitate completion of project 

EI RUD MUI MM EE e cce E e NM MEN" VEE 


EFFECT OF NON-PASSAGE 
KEKE Miu D c xq MDC CL ir ES quet. Ge en 
E ar KMS Te EE MR Un. c 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $1200.00. 


^ 


VEU TV. MN UNE DUE NIMM S, år EN eM 
ASSIGNED TO COMMITTEE 


S032: 





BILL NO. 
REPORT OF THE COMMITTEE ON PUBLIC WORKS 

WE, YOUR COMMITTEE ON PUBLIC WORKS | TO WHOM WAS 

REFERRED AN (ORDINANCE) (RESSXXPPUSN). approving Change Order 


No. 2, Parnell Avenue Widening, Res. 6049-86, with M.A. Gaines 
Construction Company, in connection with the Board of Public Works 


and Safety of the City of Fort Wayne, Indiana 




















HAVE HAD SAID (ORDINANCE) (RESGKUTTYSN) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
(RESORT PSN 


YES NO 





SAMUEL J. TALARICO 
CHAIRMAN 









A ILL Lt AJIANET G. BRADBURY 
VICE CHAIRPERSON 


PAUL M. BURNS 


JAMES S. STIER 





B LL CHARLES B. REDD 


CONCURRED IN y -/7- 7 SANDRA E. KENNEDY 


CITY CLERK 





